
Mitigation Funded Tornado Safe Rooms: Summary 



Thursday, June 06, 2013 
1:16:20 PM 



Project 
Status 


Disaster 


Sub applicant 


School 


County 


Notes 


Budget Total 


Usable ft2 


Safe Room 
Capacity 


Construction 
Status 


1 Approved 


1977 


Adair County 
Conservation 


□ 


Adair 


Showers and Restrooms at 
Lake Orient Park Campgrounds 


$444,663 


952 


189 


Underway 


1 Approved 


1763 


Alburnett CSD 





Linn 


Classrooms and restrooms 


$1,441,719 


4047 


804 


Underway 


1 Approved 


1880 


Anamosa CSD 





Jones 


Middle School 5-8th grade 
new facility/ wrestling room/ 
lockers addition. 


$722,015 


2699 


537 


Underway 


3 Submitted 


4018 


Bedford, City of 


□ 


Taylor 


Construction of a multi- 
purpose building 
fitness/weightlifting room and 
safe room for students/staff & 
visitors 


$819,752 


3269 


650 


Preliminary 
Designs 


8 Closed 


1763 


Black Hawk Co. 
Conservation 
Board - Hickory 
Hills 


□ 


Black Hawk 


Public Bath House at Park 


$334,060 


1258 


249 


Complete 


1 Approved 


1763 


Black Hawk Co. 
Conservation 
Board - 

McFarlane Park 


□ 


Black Hawk 


Public Bath House at Park 


$263,391 


729 


144 


Underway 


7 Closeout 
Submitted 
to FEMA 


1763 


Bondurant, City 
of 


□ 


Polk 


Concessions/Restoom at Little 
League Ball Field 


$459,705 


1813 


360 


Complete 


1 Approved 


1763 


Bondurant- 
Farrar CSD: High 
School 





Polk 


High School Industrial Arts 
Room 


$1,478,625 


1573 


611 


Underway 


1 Approved 


1763 


Bondurant- 
Farrar CSD: 
Middle School 




Polk 


New construction 4-class 
room addition to the current 
middle school. 


$1,008,453 


3229 


641 


Underway 


Terminated 


1930 


Boone County: 
4H 


□ 


Boone 


2 multi-purpose rooms and 
restrooms at Iowa 4H Center 


$1,238,484 


3888 


774 


Terminated 


8 Closed 


PDM 
2007 


Britt, City of 


n 


Hancock 


Bathhouse/ restrooms at 
swimming pool 


$541,346 


2091 


418 


Complete 


1 Approved 


1880 


Burlington CSD 





Des Moines 


New construction(wrestling 
room/cardo exercise room & 
restrooms) 


$1,211,143 


6916 


1377 


Underway 


1 Approved 


1930 


Cardinal CSD 





Wapello 


Multi-purpose rooms and 
restrooms at Elementary 
School. 


$638,453 


1877 


373 


Underway 


1 Approved 


1930 


Cedar Falls CSD 





Black Hawk 


Multipurpose room and 
restrooms at the Robinson- 
Dresser Sports Complex. 


$843,570 


1557 


261 


Underway 


7 Closeout 
Submitted 
to FEMA 


1854 


Cedar Rapids 
CSD 





Linn 


Single-purpose safe room 
within the Educational 
Leadership & Support Center 


$596,260 


2346 


466 


Complete 


Terminated 


1880 


Clarke County- 
Village Child 
Care Center 


□ 


Clarke 




$588,253 


1501 


298 


Terminated 


8 Closed 


1230 


Clear Lake VFW, 
Post 4868 


i i 


Cerro Gordo 


Community Center/ 
restrooms. Funded under DR- 
928 & 1230 


$557,505 


3880 


776 


Complete 


1 Approved 


1880 


Creston CSD: 
High School 





Union 


Multi-use facility sports 
complex 


$1,095,518 


3673 


730 


Underway 
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1 Approved 


1877 


Creston CSD: 
Middle School 


i — n 



Union 


Multi-use facility sports 
complex 


$1,505,096 


5544 


1102 


Underway 


8 Closed 


1705 


Creston, City of 


□ 


Union 


Restrooms at Lake McKinley 
Park 


$259,654 


596 


103 


Complete 


1 Approved 


1880 


Danville CSD 





Des Moines 


School Building a new 
preschool/daycare addition to 
the existing school 


$1,196,459 


4277 


851 


Underway 


8 Closed 


1230 


Duncombe, City 
of 


1 1 

□ 


Webster 


Community Center/ restrooms 


$431,958 


2310 


324 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


East Union CSD 





Union 


Hallway and restrooms within 
new classroom wing at East 
Union K-12 building. 


$854,393 


3375 


660 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


Edgewood, City 
of 


□ 


Delaware 


New construction - City Fire 
Station/ meeting room. 


$477,668 


1352 


268 


Complete 


1 Approved 


1880 


Fort Madison 
CSD 


i — n 




Lee 


Construction of new 4th-8th 
grade complex/auditorium 


$1,395,715 


5069 


1008 


Underway 


1 Approved 


1880 


Gilbert CSD 





Story 


New construction as part of 
new high school 
facility/wrestling room/locker 
room 


$686,894 


3142 


624 


Underway 


7 Closeout 
Submitted 
to FEMA 


1763 


Greene, City of 


□ 


Butler 


New construction (City 
Community Center/ senior 
citizen room) safe room in 
conjuction with PA 
replacement project. 


$321,012 


1936 


385 


Complete 


1 Approved 


4016 


Grundy Center 
CSD 





Grundy 


Multi-functional safe room - 
construct band room in the 
high school 


$803,411 


2440 


488 


Underway 


1 Approved 


1930 


Guthrie County 
Hospitals 


i — i 

□ 


Guthrie 


Addition to existing hospital/ 
4-patient rooms. 


$861,076 


1360 


267 


Underway 


1 Approved 


1854 


Howard- 
Winneshiek CSD 





Howard 


Classrooms and restrooms at 
the Spring Ahead Learning 
Center. 


$575,000 


1445 


286 


Underway 


Terminated 


1763 


Hudson, City of 


□ 


Black Hawk 


Restrooms at park. 


$42,125 


800 


160 


Terminated 


7 Closeout 
Submitted 
to FEMA 


1763 


Huxley, City of 


□ 


Story 


New construction (City 
Community Center/ 
community room). 


$798,645 


4215 


839 


Complete 


1 Approved 


1930 


Independence 
CSD 





Buchanan 


Multi-functional room for safe 
room new high school 


$956,723 


3590 


712 


Underway 


1 Approved 


1854 


Iowa City: South 
Hickory Hills Park 


i — i 


Johnson 


Restrooms at South Hickory 
Hills Park 


$186,692 


314 


61 


Underway 


8 Closed 


1230 


Iowa State Fair 


i i 

U 


Polk 


Shower/ restroom facility in 
campground 


$880,228 


5200 


400 


Complete 


1 Approved 


1928 


Iowa State 
University 
(Admin) 


□ 


Statewide 
Agencies 


Construction of proposed 
additon to the Ad Services 
Bldg 


$626,706 


1205 


239 


Underway 


1 Approved 


1928 


Iowa State 
University (Child 
Care) 


□ 


Statewide 
Agencies 


Construction of a safe room 

next to existing bldg. to 
protect the daycare children 
and staff 


$339,829 


620 


124 


Underway 


7 Closeout 
Submitted 
to FEMA 


1763 


Johnson County: 
FW Kent Park 


□ 


Johnson 


Single-purpose safe room at 


$173,932 


921 


183 


Complete 
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1 Approved 


4016 


Lake Mills CSD 





Winnebago 


Construction to add a safe 
room to the school for the 
students/staff/vistors. Multi- 
use/ pre-school and 
elementary activities along 
with community functions 
with restrooms 


$1,130,010 


4552 


905 


Underway 


1 Approved 


1880 


Lakeside, City of 


□ 


Buena Vista 


New City Hall 


$406,319 


1046 


207 


Underway 


1 Approved 


1880 


Lamoni CSD 


i — n 




Decatur 


Multi-purpose room and 
restrooms at K-12 building. 


$650,651 


2185 


434 


Underway 


1 Approved 


1880 


Lamoni, City of 


i — i 


Decatur 


Showerhouse and restrooms 
at Lamoni Aquatic Center 


$344,457 


971 


193 


Underway 


1 Approved 


1880 


Lenox CSD 





Taylor 


Classrooms and restrooms at 
K-12 building 


$767,051 


2147 


426 


Underway 


1 Approved 


1763 


Linn County 
(HAC BSA) 


□ 


Linn 


5 Single-purpose safe rooms 
at Howard H. Cherry Boy 
Scout Camp 


$258,925 


1105 


215 


Complete 


1 Approved 


1763 


Linn County 
{Wickiup Hill) 


□ 


Linn 


Classrooms, meeting rooms, 
and restrooms at the Wickiup 
Hill Outdoor Learning Center. 


$723,500 


2248 


446 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


Marion, City of 
(Thomas Park) 


□ 


Linn 


New construction (Thomas 
Park).This will be used for a 
year-around park 
shelter/multi-purpose uses on 
the lower level of the new 
facility. 


$488,547 


1671 


332 


Complete 


1 Approved 


1763 


Mason City CSD 





Cerro Gordo 


New construction multi- 
purpose safe 
room/auditorium. 


$2,521,672 


8990 


1789 


Underway 


7 Closeout 
Submitted 
to FEMA 


1763 


Mason City, 
Newman 
Catholic Schools 





Cerro Gordo 


Addition to existing K-12 
school building/ music/ band 
rooms. 


$857,760 


4399 


874 


Complete 


8 Closed 


PDM 
2007 


Mason City, City 
of 


n 


Cerro Gordo 


Shower/ restroom facility in 
campground 


$558,824 


1765 


353 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


Mount Ayr CSD 





Ringgold 


Addition to high school 
(weight/wrestling room). 


$635,290 


3363 


669 


Complete 


1 Approved 


1737 


Mount Ayr, City 
of 


i — i 

□ 


Ringgold 


Showerhouse and restrooms 
at Mount Ayr Aquatics Center 




$783,568 


1129 


224 


Underway 


8 Closed 


PDM 
2006 


Nashua, City of 


n 


Chickasaw 


Community Center/ restrooms 


$305,550 


1767 


212 


Complete 


1 Approved 


1763 


Nevada CSD 


i — n 



Story 


Addition to high school 
(wrestling room). 


$2,156,541 


6885 


461 


Underway 


1 Approved 


1998 


North Iowa CSD- 
Buffalo Center 





Winnebago 


New construction of a 
gymnasium connecting to the 
existing K-12 school. 


$1,135,969 


4155 


702 


Underway 


7 Closeout 
Submitted 
to FEMA 


1763 


Northeast CSD - 
Goose Lake 





Clinton 


Addition to High School 
(Auditorium addition). 


$2,720,467 


4865 


968 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


Palo, City of: 
Community 
Center 


□ 


Linn 


Gym and restrooms at 
Community Center 


$276,400 


5823 


1158 


Complete 
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Safe Room 
Capacity 
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7 Closeout 
Submitted 
to FEMA 


1763 


Palo, City of: 
Concessions 


□ 


Linn 


Concession stand and 
restrooms at City Park 


$78,691 


478 


95 


Complete 


7 Closeout 
Submitted 
to FEMA 


1880 


Shenandoah CSD 





Page 


Wrestling room and restrooms 
at Shenandoah High School 


$688,397 


3836 


763 


Complete 


Terminated 


1763 


Spencer, City of 


1 1 

□ 


Clay 


Under road walkways at 
Fairgrounds. 


$666,620 


2522 


501 


Terminated 


1 Approved 


1763 


Stanton, City of 


□ 


Montgomer 
V 


New construction 
communitycenter/multi- 
purpose community room/ 
fittnes area. 


$653,240 


3135 


623 


Underway 


1 Approved 


1880 


Tipton, City of 


1 1 

u 


Cedar 


New construction/ fire station: 
safe room in the training room 


$397,086 


1656 


329 


Underway 


1 Approved 


1998 


United CSD 





Boone 


New construction - safe room 
located between the learning 
center and 2-6 grade center 


$543,875 


2342 


465 


Underway 


1 Approved 


1880 


Urbandale, City 
of 


□ 


Polk 


Multipurpose room, 
restrooms, and kitchen at 
Walker Johnson Park 


$1,038,781 


3230 


642 


Underway 


1 Approved 


1930 


Valley CSD 


i — n 




Clayton 


Wrestling room at K-12 
building 




$727,361 


3048 


605 


Underway 


8 Closed 


1230 


Ventura, City of 


□ 


Cerro Gordo 


Community Center/ restrooms 
Funded under DR- 91, 928, 
965, 996, & 1230 


$682,939 


3876 


775 


Complete 


8 Closed 


PDM 
2007 


Vinton, City of 


n 


Benton 


Community Center/ restrooms 


$252,150 


1600 


320 


Complete 


1 Approved 


1880 


Waverly- Shell 
Rock CSD: High 
School 





Brenner 


Classrooms, meeting rooms, 
offices, and restrooms at High 
School 


$1,344,827 


6634 


1003 


Construction 
Procurement 


8 Closed 


1763 


Waverly- Shell 
Rock CSD: 
Middle School 





Bremer 


Auditorium at Middle School 


$1,301,955 


5678 


1130 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


West Central 
Valley CSD: 
High School 





Guthrie 


Wrestling room addition to 
High School. 


$725,000 


2482 


493 


Complete 


1 Approved 


1763 


West Central 
Valley CSD: 
Elementary 
School 





Guthrie 


Multi-use facility/ classroom- 
PK-5 Elementary. 


$674,500 


2311 


459 


Underway 


1 Approved 


1880 


West Des 
Moines CSD 





Polk 


Weight training, wrestling 
room, and restrooms at Valley 
High School 


$2,047,323 


11989 


2386 


Underway 


7 Closeout 
Submitted 
to FEMA 


1763 


West Liberty CSD 





Muscatine 


Addition to High School 
(weight/wrestling room). 


$873,000 


3891 


774 


Complete 


7 Closeout 
Submitted 
to FEMA 


1763 


Western 
Dubuque CSD 





Dubuque 


Dyersville Elementary new 
construction/classrooms for 
Pre-K thru 4th grade school 


$989,355 


2677 


532 


Complete 


1 Approved 


1880 


Williamsburg 
CSD 


i — n 




Iowa 


Addition at the High 
School/wrestling room/shower 


$1,020,889 


5820 


1158 


Underway 


Terminated 


1928 


Winneshiek 
County (Lake 
Meyer) 


□ 


Winneshiek 


Restrooms at Lake Meyer 
Campgrounds 


$163,844 


471 


93 


Terminated 
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Safe Room 
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Construction 
Status 


Terminated 


1930 


Winterset CSD 


i — n 


Madison 


Classrooms and restrooms at 
High School 


$1,262,152 


4235 


843 


Terminated 


1 Approved 


1854 


Winterset, City 
of 


□ 


Madison 


New construction 
(concession/restrooms @ city 
soccer complex) 


$205,488 


612 


121 


Underway 


7 Closeout 
Submitted 
to FEMA 


1877 


Woodbury 
County: Bigelow 
Park 


□ 


Woodbury 


Showers and Restrooms at 
Brown's Lake Campgrounds 


$324,408 


899 


178 


Complete 




78 


38 




$61,039,512 


229497 


43598 
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